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RETURN 

FOR 

STATEMENT  RELATIVE  TO  APPLICATIONS 

OF 

GRAND  TRUNK  RAILWAY  COMPANY 

FOR 

LEASES  OF  PROVINCIAL  DEBENTURES, 

ANP 

Copy  of  any  Memorial  since  1st  Jan.  1856. 


RETURN 


To  an  Address  of  the  Legislative  Assembly  of  the  14th  instant; 
for  Statement  relative  to  applications  of  Grand  Trunk  Rail- 
road Company  for  releases  of  Provincial  Debentures,  and  for 
Copy  of  any  Memorial  from  the  Company  since  the  1st  Jan- 
uary, 1856. 

By  Command, 

GEO.  ET.  CARTIER, 

Secretary. 
Secretary's  Office, 

Toronto,  30th  April,  1856. 


Office  of    Board  of  Railway  Commissioners, 

Toronto,  23rd  April,  1856. 

Slit,— In  accordance  with  the  command  of  His  Excellency  the  Governor  Gen- 
eral, conveyed  in  your  letter  of  the  fifteenth  instant,  the  documents  required  are 
transmitted  herewith,  as  shewn  in  the  accompanying  Schedule, 

I  have  the  honor  to  be,  Sir, 

Your  obedient  servant, 

THOMAS  A.  BEGLY, 


To  the  Honorable 

Geo,  E.  Car  tier. 

Provincial  Secretary, 

&c,     &c,     &c. 


Secretary. 


Schedule  of  Documents  furnished  in  accordance  with  the  Address  of  the  Honorable 
the  Legislative  Assembly  relative  to  the  Grand  Trunk  Railway  Company. 

Documents  from  G-rand   Tnmh. 
Letter  from  Assistant  Secretary,  dated  23rd  July,  18.55,  with  enclosures. 


Do 

do 

do             do 

do 

21st  Aug.,  1855, 

do 

do 

Do 

do 

do             do 

do 

25th  Sept.,  1855, 

do 

do 

Do 

do 

do             do 

do 

8th  Nov.,  1855, 

do 

do 

Do 

do 

do             do 

do 

27th  Nov.,  1855, 

do 

do 

Do 

do 

do             do 

do 

20th  Dec,  1855, 

do 

do 

Do 

do 

Vice-President, 

do 

20th  Dec,  1855, 

Do 

do 

Assistant  Secretary, 

do 

30th  Jan.,-  1856, 

do 

do 

Do 

do 

President 

do 

2nd  Feb.,  1856, 

Do 

do 

Assistant  Secretary, 

do 
A6' 

12th  April,  1856, 

do 

do 

Documents  to  Grand  Trunk. 

Letter  from    Secretary  Public  Works    to  Assistant   Secretary   Grand  Trunk 
dated  19th  September,  1855. 

Letter  from  Secretary  Public  Works  to  Assistant  Secretary  Grand  Trunk 
dated  13th  November,  1855. 

Letter  from  Secretary  Public  Works  to  Assistant  Secretary  Grand  Trunk 
dated  27th  December,  1855. 

Letter  from  Secretary  Public  Works  to  Assistant  Secretary  Grand  Trunk 
dated  5th  February,  1856. 

Letter  from  Secretary  Public  Works  to  Assistant  Secretary  Grand  Trunk 
dated  16th  April,  1856. 

Letter  from  Secretary  Public  Works  to  Assistant  Secretary  Grand  Trunk 
dated  17th  April,  1856. 

Statement    shewing  amount    of  debentures    released    to    the  Grand  Trunk    Com- 
pany since  19th  May,  1856. 

The  Grand  Trunk  Railway  of  Canada. 

Managing  Directors  '  'ffice, 

Quebec,  23rd  July,  1855. 

Sir, — Enclosed  I  beg  to  hand  you  our  Chief  Engineer's  certificates  for  works 
done  and  materials  delivered  on  the  Montreal  and  Toronto,  Quebec  and  Trois  Pistoles 
and  Toronto  and  Sarnia  sections  of  the  Grand  Trunk  Railroad,  up  to  the  first  of  July, 
of  the  present  year,  and  I  have  to  beg  that  you  will  be  so  good  as  to  move  your 
Honorable  Board  of  Railway  Commissioners  to  report  upon  the  same,  so  that  the 
necessary  orders  may  be  sent  to  the  London  Agents  of  the  Province  to  have  released 
to  the  Company  the  amount  of  Provincial  Debentures  now  due  upon  these  works. 

In  the  present  instance  I  beg  to  make  application  for  forty  per  cent,  upon  the 
following  amounts  due  on  the  1st  instant,  with  the  understanding  that  on  the  accept- 
ance by  the  Company  of  the  conditions  of  the  late  Act  of  the  Legislature  guarantee- 
ing a  further  sum  of  £900,000  of  Provincial  Debentures,  I  shall  again  have  to  com- 
municate with  you  requesting  the  additional  thirty-five  per  cent.,  which  will  be  due 
on  all  works  executed  and  materials  delivered  subsequent  to  the  first  of  May  last. 

As  you  will  perceive,  the  total  amounts  certified  are  as  follows : 

Montreal  and  Toronto £1,740,759 

Quebec  and  Trois  Pistoles 267,810 

Toronto  and  Sarnia 888,262 

Victoria  Bridge  (formerly  sent  in) 259,175 

July  1st,  total  amounts  certified £3,156,006 

At  40  per  cent.,  making £1,262,402 

Of  which  sum  the  Company  has  had  in  account  of  Montreal  and  Toronto, 
Quebec  and  Trois  Pistoles,  Toronto  and  Sarnia,  and  Victoria  Bridge 
sections 1,058,768 


Total  of  Debentures  due  to  the  Company  July  1st £  203,634 

Begins  your  early  attention  to  this  communication. 
1  nave  the  honor  to  be,  bir, 

Your  most  obedient  servant, 
(Signed,)  JOHN  M.  GRANT, 

Assistant  Secretary. 
T.  A.  Begly,  Esq., 

Secretary  Board  of  Public  Works, 

Quebec. 


The  Grand  Trunk  Railway  Company  of  Canada. 
Managing  Directors  Office, 

Montreal,  21st  August,  1855. 

Sir, — Herewith  I  beg  to  hand  you  certificates  of  our  Chief  Engineer  for 
works  done  and  materials  delivered  on  the  several  sections  of  the  Grand  Trunk 
Railway,  up  to  the  1st  of  the  present  month,  and  I  have  to  beg  that  you  will  be  so 
good  as  to  move  your  Honorable  Board  of  Railway  Commissioners  to  report  upon 
the  same,  so  that  the  necessary  orders  may  be  sent  to  the  London  Agents  of  the 
Province  to  have  released  to  the  Company  the  amount  of  Provincial  Debentures 
now  due  upon  these  certificates  : — which  I  make  to  be  as  follows  : 
£284,223  up  to   the    1st   inst.,  viz  ;    40  per  cent,  to    1st   May   on 

£2,889/100 £1,155,640 

75  per  cent,  from  1st  May  to  1st  August,  £413,150 309,862 

Total  Debentures  due  the  Company,  1st  August £  1,405,502 

Total  Debentures  received  by  the  Company,    do 1,181,279 

Balance  due £284,223 


It  will  be  borne  in  mind   that  these  figures  do  not  embrace  the  grants  to  the 
St.  Lawrence  and  Atlantic  or  the  Quebec  and  Richmond    Companies. 

1  have  the  honor  to  be,  Sir, 

Your  most  obedient  servant, 

(Signed,)  JOHN  M.  GRANT. 

J.  A.  Begly,  Esq., 


1st  August,  1855. 
To  the  Secretary  of  the  Grand  Trunk  Railway  Company  : 

Sir, — I  have  to  state  for  the  information  of  the  Board,  that  the  total  amount 
certified  for  materials  and  work  to  the  1st  instant  from  Quebec  to  St.  Thomas,  on  the 
Quebec  and  Trois  Pistoles  Section  of  the  Grand  Trunk  Railway,  and  paid  to  the 
Contractors,  is  two  hundred  and  seventy-eight  thousand  one  hundred  and  fifty 
pounds  sterling,  particulars  of  which  are  as  follows : 

I  am,  Sir, 

Your  obedient  servant, 


(Signed,) 


ALEX.  M.  ROSS, 

Engineer. 


£278,150. 


GRAND  TRUNK  RAILWAY  OF  CANADA. 


QUEBEC    AND   TROIS    PISTOLES    SECTION. 

Quebec  to  St.  Thomas, 


Description  of  work. 

Amount 

of 
Contract. 

Amount 

certified  to 

1st  August, 

1855. 

Amount 

to 
complete. 

Grading  and  Bridging — Including  every  charge   to 
under  side  of  road  bed 

£ 
169,552 

137,875 

15,598 

26,975 

£ 
147,850 

103,750 

12,350 

14,200 

£ 
21,702 

34,125 

3,248 

12,775 

Superstructure — Including     rails,     chairs,    spikes, 
ballast,  and  laying  track 

Stations — Including     engine    and    freight     houses, 
Workshops,  Turntables,  and  Land  for  Station  sites 

Rolling   Stock — Including   engine,    passenger    and 
merchandise      stock,     ballast     wagons,     snow- 
ploughs,  &c ..    

Amount  certified  to  1st  August,  1855 

£350,000 

£278,150 

71,850 

Note. — This  statement  includes  Surveys  and  Lands  purchased  east  of  St.  Thomas  :    before 
the  order  to  stop  them  was  received. 


1st  August,  1855. 

To  the  Secretary  of  the  Grand  Trunk  Railway  Company, 

Sir, — I  have  to  state  for  the  information  of  the  Board,  that  the  total  amount 
certified  for  materials  and  work  to  the  1st  instant,  on  the  Montreal  and  Toronto 
Section  of  the  Grand  Trunk  Railway,  and  paid  to  the  Contractor,  is  one  million, 
eight  hundred  and  forty-seven  thousand  six  hundred  and  ninety-seven  pounds, 
Sterling,  particulars  of  which  are  as  follows : 

1  am,  Sir, 

Your  obedient  servant, 

(Signed,)        ALEX.  M.  ROSS, 


£1,847,697. 


Engineer 


GRAND  TRUNK  RAILWAY  OF  CANADA. 


MONTREAL    AND    TORONTO    SECTION, 


Description  of  Work. 

Amount 
of  Contract. 

Amount  cer- 
tified to  1st 
Aug.  1855. 

Amount 
to  complete. 

Grading    and     Bridging —  Including    every    charge 
to  under  side  of  road  bed ... 

£ 

1,482,747 

1,114,716 
179,595 

222,942 

£ 
1,032,662 

625,600 

94,535 

94,700 

£ 

450,085 

488,916 
85,060 

128,242 

Superstructure — Including     rails,      chairs,     spikes, 
ballast  and  laving  track 

Stations — Including     engine     and     freight     houses, 
Workshops,  Turntables,  and  land  for  Station  Sites. 

Rolling   Stock  —  Including    engine,     passenger  and 
merchandise  cars,  baggage  wagons,  snow   ploughs, 
&c 

£ 

3,000,000 
£ 

1,152,303 

* 

Amount  certified  to  1st  August,  1855 

1,847,697 

1st  August,  1855. 
To  the  Secretary  of  the  Grand  Trunk  Railway  Company  : 

Sir, — I  have  to  state,  for  the  information  of  the  Board,  that  the  total 
amount  certified  for  materials  and  work  to  the  1st  instant,  on  the  Toronto  and  Sarnia 
section  of  the  Grand  Trunk  Railway,  and  paid  to  the  contractors,  is  nine  hundred 
and  seventeen  thousand  two  hundred  and  twenty-eight  pounds  eleven  shillings  and 
six  pence  sterling,  particulars  of  which  are  as  follows : 

I  am,  Sir, 

Your  obedient  servant, 
(Signed,)  ALEXANDER  M.  ROSS, 


£917,228  lis.  6d. 


Engineer. 


GRAND  TRUNK  RAILWAY  OF  CANADA. 


TORONTO  AND   SARNIA  SECTION. 


Description  of  Work. 

Amount 

of 
Contract. 

Amount  certified 

to  1st  August, 

1855. 

Amount 
to  complete. 

Grading  and  Bridging — Including  every  charge 
to  underside  of  road  bed 

£ 
832,775 

348,766 

65,000 

129,025 

£      s.   d. 
604,036     1     6 

187,980     0    0 

20,650     0    0 

104,542  10    0 

£      s.   d. 
228,718  18    6 

Superstructure — Including  rails,  chairs,  spikes, 
ballast  and  layin0-  track 

160,786    0    0 

Stations — engine  and  freight  houses,  workshops, 
turntables,  land  for  sites,  &c 

44,350    0    0 

Rolling    Stock — Engines,   passenger    and    mer- 
chandise   car    stock,  ballast    wagons,    snow 
ploughs,  &c 

24,482  10    0 

£ 

1,375,566 

£ 

458,337    8    6 

Amount  certified  to  1st  August,  1855 . 

917,228  11     6 

The  Grand  Trunk  Railway  Company  of  Canada. 
Managing  Directors  Office, 

Montreal,  25th  September,  1855. 
Sir, — Herewith  I  beg  to  hand  you  certificates  of  our  Chief  Engineer  for  works 
done  and  materials  delivered  on  the  several  sections  of  the  Grand  Trunk  Railway 
up  to  the  first  of  the  present  month,  and  I  have  to  beg  that  you  will  move  your 
Honorable  Board  of  Railway  Commissioners  to  report  upon  the  same,  so  that  the 
necessary  orders  may  be  sent  to  the  London  Agents  of  the  Province  to  have 
released  to  the  Company  the  amount  of  Provincial  Debentures  now  due  upon  these 
certificates,  which  I  make  to  be  £171,303,  as  follows  ; 

50  per  cent,  to  1st  May  on  £2,840,424 £1,136,169     0     0 

75       do       from  1st  May  to  1st  September,  £555,218 416,413     0     0 

Total  Debentures  due  to  the  Company  1st  September. . . .     £1,552,582     0     0 
do  do         received  by       do        do         do         1,381,279     0     0 

Balance  due  1st  September £171,303     0     0 


You  will  observe  a  discrepancy  between  the  amounts  in  this  return  and  the 
last  sent  to  you  on  total  works  to  1st  May.  I  returned  it  last  month  as  £2,889,100, 
whereas  it  should  have  been  as  now  altered,  £2,840,424.  You  will  please  substi- 
tute these  figures, 

I  have  the  honor  to  be,  Sir, 

Your  most  obedient  servant, 

(Signed,)  JOHN"  M.  GRANT, 

Assistant  Secretary. 
T.  A.  Begly, 

Secretary  Public  Works, 

Quebec. 


1st  September,  1855. 
To  the  Secretary  of  the  Grand  Trunk  Railway  Company : 

Sir, — I  have  to  state  for  the  information  of  the  Board  that  the  total  amount 
certified  lor  materials  and  work  to  the  first  instant,  from  Quebec  to  St.  Thomas,  on 
the  Quebec  and  Trois  Pistoles  section  of  the  Grand  Trunk  Railway,  and  paid  to  the 
Contractors,  is  two  hundred  and  ninety-three  thousand  four  hundred  and  ninety- 
four  pounds  sterling,  particulars  of  which  are  as  follows  : 

I  am,  Sir, 

Your  obedient  servant, 
(Signed,)  ALEX.  M.  ROSS, 

Engineer. 


GRAND  TRUNK  RAILWAY  OF  CANADA. 

QUEBEC  AND  TROIS  PISTOLES. 


Quebec  to  St.  Thomas. 


Description  of  Work. 


Grading   and   Bridging — Including   every   charge   to 
under  side  of  road  bed 


Amount 

of 
Contract. 


Superstructure — Including    rails,   chairs,  spikes,   bal- 
last, and  laying  track 


Stations — Including  engine  and  freight  bouses,  work- 
shops, turntables  and  land  for  Station  sites 

Rolling  Stock — Including  engines,  passenger  and 
merchandise  cars,  ballast  wagons,  snow-ploughs, 
&c 


Amount  certified  to  1st  September,  1855 


137,875 
15,598 

26,975 


350,000 


Amount  certi- 
fied to  1st 
Sept.,  1855. 


£ 
148,089 

118,855 

12,350 

14,200 


293,494 


Amount 

to 

Complete. 


£ 
21,463 

19,020 

3,248 

12,775 


50,506 


This  statement  includes  surveys  and  land  purchased  east  of  St.  Thomas,   before  the   order  to 
stop  them  was  received. 


1st  September,  1855. 
To  the  Secretary  of  the  Grand  Trunk  Railway  Company  : 

Sir, — I  have  to  state  for  the  information  of  the  Board  that  the  total  amount 
certified  for  materials  and  work  to  the  first  instant  on  the  Montreal  and  Toronto 
Section  of  the  Grand  Trunk  Railway,  and  paid  to  the  Contractors,  is  one  million  nine 
hundred  and  thirty-six  thousand,  and  twenty-seven  pounds  sterling,  particulars  of 


which  are  as  follows  : 


I  am,  Sir, 

Your  obedient  servant, 
(Signed,)  ALEX.  M.  ROSS, 

Engineer. 


GRAND  TRUNK  RAILWAY  OF  CANADA. 


MONTREAL   AND   TORONTO    SECTION. 


Description  of  Work. 


Grading  and  Bridging — Including  every  charge  to 
under  side  of  road  bed 


Superstructure — Including    rails,    chairs,    spikes, 
ballast,  and  laying  track 


Stations — Including   Engine   and  freight    houses, 
workshops,  turntables  and  land  for  station  sites 


Rolling  Stock — Including  engines,  passenger  and 
merchandize  cars,  baggage  wagons,  snow  ploughs,  &c. 


Amount  certified  to  1st  September,  1855. 


Amount  of 
Contract. 


£ 
1,482,747 

1,114,716 

179,595 

222.942 


Amount  cer- 
tified to  1st 
Sept.,  1855. 


£ 
1,074,042 

654,850 

104,985 

102,150 

i,936,027 


Amount  to 
complete. 


£ 
408,705 

459,866 

74,610 

120,792 
1.063,973 


1st  September,  1855. 

To  the  Secretary  of  the  Grand  Trunk  Railway  Company  : 

Sir, — I  have  to  state  for  the  information  of  the  Board,  that  the  total  amount 
certified  for  materials  and  work  to  the  first  instant,  on  the  Toronto  and  Sarnia  section 
of  the  Grand  Trunk  Railway,  and  paid  to  the  Contractors,  is  nine  hundred  and  fifty- 
three  thousand  one  hundred  and  twenty-one  pounds,  nine  shillings  and  six  pence, 
sterling,  particulars  of  which  are  as  follows  : 

I  am,  Sir, 

Yo*r  obedient  servant, 
(Signed,)  ALEXANDER  M.  ROSS, 

£953,121     9s.     6d.  Engineer. 


GRAND  TRUNK  RAILWAY  OF  CANADA. 


TORONTO    AND    SARNIA     SECTION. 


Description  of  Work. 

Amount  of 
Contract. 

Amount  certfied 

to  1st  September 

1855. 

Amount  to 
Complete. 

Grading  and  Bridging— Including  every  charge 
to  underside  of  road  bed 

£         s     d 
832,775     0     0 

348,766     0     0 

65,000    0    0 

129,025     0     0 

£         s     d 
624,003  19     6 

201,925     0     0 

22,650     0     0 

104,542  10     0 
£ 

£  s  d 
208,771     0     6 

146,841     0    0 

42,350     0     0 

24,482  10    0 

Superstructure — Including  rails,  chairs,  spikes, 
ballast  ties  and,  laying 

Stations — including  engine  and  freight  houses, 
workshops,  turntables,  land,  &c 

Rolling  Stock — Engines,  passenger  and  mer- 
chandise   car  stock,  ballast    wagons,  snow 
ploughs,  &c 

£ 

1,375,566     0     0 
£ 

422,444  10     6 

Amount  certified  to  1st  September,  1855 

953,121     9     6 

Montreal,  8th  November,  1855, 

Secretary's  Department 
Grand  Trunk  Railway  Company. 

Sir, — Enclosed  I  have  the  honor  to  send  you  our  Chief  Engineer's  certificates 
for  works  done  and  materials  delivered  in  the  several  sections  of  the  Grand  Trunk 
Railway  up  to  the  first  of  October  last.  I  have  to  beg  that  you  will  move  your 
Honorable  Board  of  Railway  Commissioners  to  report  upon  the  same,  so  that  the 
necessary  orders  may  be  sent  to  the  London  Agents  of  the  Province  to  have  re- 
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leased  to  the  Company  the  amount  of  Provincial  Debentures  now  due  upon  these 

certificates,  which  I  make  to  be  £304,536  10s,  as  follows  : 

40  per  cent,  to  1st  May  on    £2,840,424 , £1,136,169  0     0 

75  per  cent,  to  1st  October  on  £732,862 549,646  10     0 

Total  Debentures  due  1st  October £1,685,815  10     0 


Received 1,381,279     0     0 


Balance £304,536  10     0 


May  I  beg  your  attention  to  this  communication. 
I  have  the  honor  to  be,  Sir, 

Your  most  obedient  servant, 
T.  A.  Begly,  Esq.,  JOHN  M.  GRANT, 

Public  Works,  Assistant  Secretary. 

Toronto. 


1st  October,  1855. 
To  the  Secretary  of  the  Grand  Trunk  Railway  Company  : 

Sir, — I  have  to  state  for  the  information  of  the  Board  that  the  total  amount 
certified  for  materials  and  work  to  the  1st  instant  on  the  Quebec  and  St.  Thomas 
Section  of  the  Quebec  and  Trois  Pistoles  portion  of  the  Grand  Trunk  Railway, 
and  paid  to  the  Contractors,  is  three  hundred  and  five  thousand  two  hundred  and 
forty-four  pounds  sterling,  particulars  of  which  are  as  follows : 

I  am,  Sir, 

Your  obedient  servant, 

ALEX.  M.  ROSS, 
£305,244  sterling. 


Engineer. 


GRAND  TRUNK  RAILWAY  OF  CANADA. 


QUEBEC    AND    TROIS    PISTOLES    SECTION. 

Quebec  to  St.  Thomas. 


Description  of  work. 

Amount 

of 
Contract. 

Amount 

ceitified   to 

1st  October, 

1855. 

Amount 

to 
complete. 

Grading  and  Bridging— Including  every  charge  to 
under  side  of  road  bed 

£ 
164,292 

140,275 

15,598 

26,975 

£ 
150,889 

124,855 

13,300 

16,200 

£ 
13,403 

Superstructure — Including     rails,     chairs,     spikes, 
ballast,  and  laying  track 

15,420 

Stations — Including  engines,  freight  houses,   work- 
shops, turntables,  and  land  for  sites 

Rolling  Stock — Including   engines,   passenger    and 
merchandise   cars,  ballast  wagons,  snowploughs, 
&c 

2,298 
10,775 

£347,140 

41,896 

Amount  certified  to  1st  October,  1855 

£305,244 

This  statement  includes  land  purchased,  surveys,  and  work  done  east  of  St.  Thomas,  before 
the  order  to  stop  them  was  received. 
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1st  October,  1855. 


To  the  Secretary  of  the  Grand  Trunk  Railway  Company  ; 

SrR, — I  have  to  state  for  the  information  of  the  Board  that  the  total  aounmt 
certified  for  materials  and  work  to  the  first  instant,  on  the  Montreal  and  Toronto 
section  of  the  Grand  Trunk  Railway  of  Canada,  and  paid  to  the  contractors,  is  two 
millions  and  seventy-one  thousand  seven  hundred  and  thirty-five  pounds  Sterling, 
particulars  of  which  are  as  follows  : 

I  am,  Sir, 

Your  obedient  servant, 

.     ALEX.  M.  ROSS, 


Engineer. 


£2,071,735. 


GRAND  TRUNK  RAILWAY  OF  CANADA. 


MONTREAL   AND    TORONTO    SECTION. 


Description  of  Work. 


Grading  and  Bridging — Including  every  charge  to 
underside  of  road  bed 


Superstructure — Including     rails,     chairs,     spikes, 
Ballast,  and  laying  Track 


Stations — Including  engines,  freight  houses,    work- 
shops, turntables,  land  for  stations,  &c 


Rolling  Stock — Including  engine,  passenger  and 
merchandize  cars,  baggage  wagons  and  snow 
Ploughs 


Amount  of 

Contract. 


£ 

1,482,747 

1,114,716 
179,595 

222,942 


3,000,000 


Amount  certi- 
fied, 1st  Oct., 
1855. 


£ 

1,140,841 

705,420 
120,274 

105,200 


£2,071,735 


Amount  to 
complete. 


£ 

341,906 

409,296 


59,321 


117,742 


£928,265 
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1st  October,  1855. 
To  the  Secretary  of  the  Grand  Trunk  Railway  Company  : 

Sir, — I  have  to  state  for  the  information  of  the  Board  that  the  total  amount  certi- 
fied for  materials  and  work  to  the  1st  instant,  on  the  Toronto  and  Sarnia  section  of  the 
Grand  Trunk  Railway  of  Canada,  and  paid  to  the  Contractors,  is  nine  hundred 
and  eighty-three  thousand  three  hundred  and  seven  pounds  eleven  shillings  sterling, 
particulars  of  which  are  as  follows : 

1  am  Sir, 

Your  obedient  servant, 

ALEXR.  M.  ROSS, 


£983,307  lis. 


Engineer. 


GRAND  TRUNK  RAILWAY  OF  CANADA. 


TORONTO   AND    gARNIA    SECTION. 


Description  of  Work. 


Grading  and  Bridging — Iuclud  rig    every  charge  to 
underside  road  bed 


Superstructure — Including    rails,  chairs,   spikes,  bal- 
last ties,  and  laying  track 

Stations — Including   engines  and    freight   cars,  work 
shops,  turn-tables,  land  for  sites 


.Rolling  Stock — Engines,    passengers,    and   merchan- 
dize, car  stock,  ballast  wagons,  snow  ploughs 


Amount  certified  to  1st  October,  1855. 


Amount 

of 
Contract. 


348,766 

65,000 

129,025 


£1,375,566 


Amount  certi- 
fied to  1st  Oct, 
1855. 


£     s.   d. 
645,190     1    0 

202,425    0    0 

31,150    0    0 

104,542  10    0 


983,307  11    0 


Amount 

to 
complete. 


£     s.    d. 

187,584  19    0 

146,341    0    0 


24,482  10    0 


392,258    9    0 


The  Grand  Trunk  Railway  Company  of  Canada, 
Managing  Directors  Office, 

Montreal,  27th  Nov.,  1855. 

Sir, — The  Hon.  H.  H.  Killaly  having,  as  I  am  informed,  completed  his  inspec- 
tion of  the  works  in  the  several  sections  of  the  Grand  Trunk  Railway,  I  now  beg 
to  enclose  you  our  Chief  Engineer's  certificates  for  work  done  and  materials 
delivered  in  these  sections  up  to  the  first  of  the  present  month ;  and  I  have  to 
beg  that  you  will,  at  your  very  earliest  convenience,  owing  to  the  long  delay  which 
has  taken  place  since  the  last  release,  move  your  Honorable  Board  of  Railway 
Commissioners  to  report  upon  the  same,  so  that  the  necessary  orders  may  be  sent 
to  the  London  Agents  of  the  Province  to  have  released  to  the  Company  the  amount 
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of  Debentures  now  due  to   the   Company   upon  these   certificates,  and   which  I 

make  to  be  : 

40  per  cent,  to  1st  May  on  £2,840,424 £1,186,169     1     0 

75  per  cent,  to  1st  November  on  £973,034 729,775   10     0 

Total  Debentures  due  1st  November £1,865,944   10     0 

Total  Debentures  received  1st  November 1,381,279     0     0 


Balance  due  1st  November £484,665  10     0 


Again  begging  your  early  attention  to  the  communication, 
I  have  the  honor  to  be,  Sir, 

Your  obedient  servant, 

JOHN  W.  GRANT, 
T.  A.  Begly,  Esq.,  Assistant  Secretary. 

Public  Works, 

Toronto. 

1st  November,  1855. 
To  the  Secretary  of  the  Grand  Trunk  Railway  Company  : 

Sir, — I  have  to  state,  for  the  information  of  the  Board,  that  the  total  amount 
certified  for  materials  and  work  to  the  1st  instant,  upon  the  Quebec  and  Trois 
Pistoles  Section  of  the  Grand  Trunk  Railway  and  paid  to  the  Contractors,  is  three 
hundred  and  twelve  thousand,  two  hundred  and  eighty-nine  pounds,  Sterling,  par- 
ticulars of  which  are  as  follows: 

I  am,  Sir, 
Your  obedient  servant, 

ALEX.  M.  GRANT, 
£312,289.  Engineer. 


GRAND  TRUNK  RAILWAY  OF  CANADA. 


QUEBEC   AND   TEOIS   PISTOLES   SECTION. 

Quebec  and  St.  Thomas. 

Description  of  Work. 

Amount 

of 
Contract. 

Amount  cer- 
tified 1st 
Nov.  1855. 

Amount 

to 
Complete. 

Grading  and  Bridging — Including  every   charge   to 
under  side  of  roadbed  

£ 

164,292 

140,275 
15,598 

26,973 

£ 
153,589 

128,500 

14,000 

16,200 

£ 
10,703< 

Superstructure — Including     rails,      chairs,      spikes, 
ballast,  ties,  &c „ 

Stations — Including  engine  and  freight  houses,  work- 
shops, turntables,  and  land  for  station  sites  

Rolling    Stock — Including    engines,    passenger    and 
merchandise   cars,  ballast   wagons,  snow  ploughs, 
&c 

11,775 
1,598 

10,775 

£ 

347,140 
£ 

34,851 

312,289 

This  Statement  includes  Surveys,  Lands  purchased  and  work  done  east  of  St.  Thomas,  before 
the  order  to  stop  them  was  received. 
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1st  November,  1855. 
To  the  Secretary  of  the  Grand  Trunk  Railway  Company : 

Sir, — I  have  to  state  for  the  information  of  the  Board,  that  the  total  amount 
certified  for  materials  and  work  to  the  first  instant,  upon  the  Montreal  and  Toronto 
Section  of  the  Grand  Trunk  Railway,  and  paid  to  the  Contractors,  is  two  millions 
two  hundred  and  seventy-four  thousand,  eight  hundred  and  sixty  pounds  sterling, 
particulars  of  which  are  as  follows : 

I  am,  Sir, 

Your  obedient  servant, 

ALEX.  M.  GRANT. 
£2,274:860  Sterling. 


GRAND   TRUNK  RAILWAY  OF  CANADA. 


MONTREAL    AND    TORONTO    SECTION. 


Description  of  Work. 


Grading  and   Bridging — Including  every  charge   to 
underside  of  road  bed 


Superstructure — Including  rails,  chairs,  spikes,  bal- 
last, ties,  laying,  &c :. 


Stations — Including  engineer,  passenger,  workshops, 
turntables  and  land  for  station  sites 


Rolling  Stock — Including  engines,  passenger  and 
merchandize  cars,  stock,  baggage  wagons,  snow- 
ploughs,  &c 


Amount  certified  to  1st  November,  1855. 


Amount  of 
Contract. 


£ 
1,482,747 

1,114,716 

179,595 

222,942 


3,000.000 


Amount  cer- 
tified to  1st. 
Nov.,  1855. 


£ 
1,191,071 

850,105 

127,484 

106,200 

2,274,860 


Amount  to 
complete. 


£ 
291,676 

264,611 

52,111 

116,742 


725,140 
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1st  November,  1855. 
To  the  Secretary  of  the  Grand  Trunk  Railway  Company  : 

Sir, — I  have  to  state  for  the  information  of  the  Board  that  the  total  amount 
certified  for  materials  and  work  to  the  first  instant,  on  the  Toronto  and  Sarnia  section 
of  the  Grand  Trunk  Railway  of  Canada,  by  the  Contractors,  Messrs.  Gzowski  &  Co., 
is  one  million  thirteen  thousand  three  hundred  and  ten  pounds,  sterling,  particulars 
of  which  are  as  follows : 

I  am,  Sir, 

Your  obedient  servant, 

ALEX.  M.  ROSS, 
£1,013,310  Is. Engineer. 

GRAND  TRUNK  RAILWAY  OF  CANADA. 


TORONTO  AND  SARNIA  SECTON. 


Description  of  Work. 

Amount  of 
Contract. 

Amount  certi- 
fied to    1st  No- 
vember, -1855. 

Amount   to 
complete. 

Grading  and  Bridging — including  every  charge 
to  underside  of  road  bed 

£        s     d 

832,775     0     0 

348,766     0     0 

65,000     0     0 

129,025     0     0 

£        s    d 

666,440     1     0 

212,720     0     0 

29,150     0     0 

105,000    0     0 

£        s      d 
166,334  19     0 

Superstructure — including  rails,   chairs,  spikes, 
ballast,  ties,   and  laying  track 

136  046     0     0 

Stations — including  Engine  and  freight  houses, 
workshops,  turntables,  and  land  for  sites.  . . 

Rolling  Stock — Engine,  passsenger  and   mer- 
chandise cars,  ballast  wagons,  snow  ploughs. 

35,850    0    0 
24,025     0    0 

£ 

1,375,566     0     ( 
£ 

£362,255  19     0 

Amount,  certified  to  1st  November,  1855 

1,013,310     1     0 

Grand  Trunk  Railway  Company, 

Toronto,  20th  December,  1855. 
Sir, — In  handing  you  the  certificates  of  our  chief  Engineer  for  works  done 
and  materials  delivered  op  to  the  first  of  the  present  month,  in  the  several  sections 
of  the  Grand  Trunk  Railway,  I  am  desired  by  my  Board  of  Directors  to  state 
for  the  information  of  your  honorable  Board  of  Railway  Commissioners,  that 
the  delay  which  has  already  taken  place  in  the  release  of  the  Provincial 
Debentures  now  due  to  the  Company  on  their  works,  has  caused  the  most  serious 
embarrassment,  and  I  am,  therefore,  to  beg  that  your  Honorable  Board  will  at 
the  earliest  possible  period  give  the  necessary  orders,  so  that  the  London  Agents 
of  the  Province  be  authorized  to  release  to  the  Company  the  amount  of  Provincial 
Debentures  now  due,  amounting  as  I  make  it  to  £612,829. 

40  per  cent  to  1st  May,  £2,840,424 £1,136,169     0     0 

75         "  1st  December,  1,143,919 857,939     0     0 


Total  Debentures  due  1st  December 1,994.108     0     0 

Total  Debentures  received  1st  December  1,381,279     0     0 


£612,829     0     0 
say  six  hundred  and  twelve  thousand  eight  hundred  and  twenty  nine  pouuds. 

I  have  the  honor  to  be,  Sir, 

Your  most  obedient  servant, 
T.  A.  Begly,  Esquire,  JOHN  M.  GRANT, 

Board  of  Railway  Commissioners,  Assistant  Engineer. 

Toronto. 
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1st  December,  1855. 

To  the  Secretary  of  the  Grand  Trunk  Railway  Company : 

Sir, — I  have  to  state  for  the  information  of  the  Board,  that  the  total  amount 
certified  for  materials  and  work  to  the  1st  instant,  upon  the  Quebec  and  Trois 
Pistoles  section  of  the  Grand  Trunk  Railway,  and  paid  to  the  contractors,  is 
three  hundred  and  twenty-nine  thousand  eight  hundred  and  eighty-six  pounds 
sterling,  the  particulars  of  which  are  as  follows : 

I  am,  Sir, 
Your  obedient  servant, 

ALEX.  M.  ROSS. 

£329,886. 


GRAND  TRUNK  RAILWAY. 


QUEBEC    AND    TROIS    PISTOLES    SECTION. 

Quebec  and  St.  Thomas. 


Description  of  Work. 


Grading  and   Bridging — including   every    charge   to 
underside  of  road  bed 


Superstructure — including  rails,  chairs,   spikes,  bal- 
last, ties,  &c.    . 


Stations — inclusive  of  engine,  passenger  and  freight 
houses,  workshops,  turntables,  land  for  sites,  &c. 

Rolling  Stock — including  engines,  passenger  and  mer- 
chandise cars,  ballast  wagons,  snow  ploughs, 
&c 


Amount  certified  to  1st  December,  1855. 


Amount 

of 
Contract. 


£ 
164,292 

140,275 

15,598 

26,975 


£347,140 


Amount 

certified  to 

1st  December 

1855. 


£ 
162,139 

133,407 

15,299 

19,041 


£329,886 


Amount 
to  complete. 


£ 
2,153 

6,868 

299 

7,934 


17,254 
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1st  December,  1855. 
To  the  Secretary  of  the  Grand  Trunk  Railway  Company : 

Sir, — I  have  to  state  for  the  information  of  the  Board  that  the  total  amount 
certified  for  materials  and  work  to  the  first  instant,  upon  the  Montreal  and  Toronto 
section  of  the  Grand  Trunk  Railway,  and  paid  to  the  Contractors,  is  two  millions 
four  hundred  and  four  thousand  eight  hundred  and  eighty-four  pounds  sterling, 
particulars  of  which  are  as  follows  : 

ALEX,  M.  ROSS, 


£2,404,834. 


Engineer. 


GRAND  TRUNK  RAILWAY. 


MONTREAL    AND    TORONTO    SECTION. 


Description  of  Work. 


Grading    and    Bridging — Including  every    charge   to 
underside  of  road  bed  

Superstructure — Including    rails,    charis,    spikes,   bal- 
last, ties,  laying,  &c 

Stations — Including  engines,  freight  houses,  workshops, 
turntables,  sites 

Rolling  Stock 

Amount  certified  to  1st  December,  1855 


Amount  of 
Contract. 


£ 
1,482,747 

1,114,716 

179,595 
222,942 


£3,000,000 


Amount  certi- 
fied to  1st 
Deer.,  1855. 


£ 

1,244,115 

902,955 

135,214 

122,600 


£2,404,884 


Amonnt 
to  complete. 


£ 

238,633 

211,761 

44,381 
100,342 
595,116 


B«t 
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1st  December,  1855. 
To  the  Secretary  of  the  Grand  Trunk  Railway  Company : 

Sir, — I  have  to  state  for  the  information  of  the  Board,  that  the  total  amount 
certified  for  materials  and  work  to  the  first  instant  on  the  Toronto  and  Sarnia 
Section  of  the  Grand  Trunk  Railway  of  Canada,  by  the  Contractors,  Messrs. 
Gzovvski,  &  Co.,  is  one  million  and  thirty-six  thousand  five  hundred  and  seventy- 
four  pounds  ten  shillings  sterling,  particulars  of  which  are  as  follows: 

I  am,  Sir, 

Your  obedient  servant, 
(Signed,)  ALEXR.  M.  ROSS, 


£1,030,574  10s. 


Engineer. 


GRAND  TRUNK  RAILWAY. 


TORONTO  AND  SARNIA  SECTION. 


Description  of  work. 

Amount 

of 
contract. 

£     B.     d. 

832,775    0    0 

348,766     0     0 

63,000     0     0 

129,025     0     0 

Amount  certi- 
fied   to  1st 
Dec,  1855. 

Amount 

to 
complete. 

Grading  and  Bridging — Including  every  charge  to 
under  side  of  road  bed 

£     s.     d. 
578,566  11     0 

213,488     0     0 

39,500     0     0 

15,000     0     0 

£     s.     d. 
154,188     9    0 

Superstructure — Including  rails,  chairs,  spikes,  bal- 
last, ties,  and  laving  track 

135,278    0    0 
25,500    0     0 

Stations— Including  engine  and  freight  houses,  work 
shops,  turntables,  land  for  sites 

Rolling  Stock — Kngines,  passengers  and  merchan 
dize  car  stock,  ballast  wagons,  snow  plough,  &c. . 

2*,025     0    0 

£ 

1,375,566    0    0 

338  991     9     0 

Amount  certified  to  1st  December,  1855 

1,036,574  10  0 

*"            3J 

Toronto,  December  20th,  1855. 

Sir, — Having  reference  to  the  official  letter  which  Mr.  Grant,  Assistant  Secre- 
tary of  the  Grand  Trunk  Railway  Company,  has  this  day  forwarded  to  the  Board  of 
Railway  Commissioners,  enclosing  the  Company's  Engineers  certificates  for  works 
done  and  materials  delivered  on  the  several  sections  of  the  Grand  Trunk  Hailway, 
and  applying  for  the  release  of  the  Provincial  Debentures  due  upon  the  same,  and 
having  heard  that  the  balance  of  the  original  sum  granted,  amounting  to  £112,000, 
will  only  be  released  until  the  conditions  of  ihe  Act  recently  granting  £900,000 
have  been  complied  with,  notwithstanding  that  there  is  now  due  to  the  Company 
upwards  of  £600,000,  I  have  to  beg  that  you  will  move  your  Honorable  Board  to 
release  on  account,  that  is,  until  the  necessary  examinations  of  the  works  required 
by  the  statute  of  last  session  have  been  made — say,  Two  hundred  and  fifty  thousard 
pounds. 
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As  Mr.  Grant  mentions  in  his  letter,  the  delay  in  the  release  of  the  bonds  now- 
due  the  Company  has  caused  much  embarrassment,  and  I  therefore  hope,  that  this 
request  will  be  complied  with  by  the  Board  of  Railway  Commissioners. 
I  have  the  honor  to  be,  Sir, 

Your  most  obedient  servant, 

(Signed,)  BENJAMIN  HOLMES, 

Vice-President. 
T.  A.  Begly,  Esquire,  &c,  &c. 
Toronto. 


The  Grand  Trunk  Railway  Company  of  Canada. 

Managing  Director's  Office. 

Montreal,  January  30th,  1856. 

Sir, — I  have  the  honor  to  transmit  you  herewith,  certificates  of  our  Chief 
Engineer,  for  wTorks  done  and  materials  delivered  on  the  several  sections  of  the 
Grand  Trunk  Railway,  up  to  the  1st  January,  1856,  and  to  beg  that  you  w7ill  at  your 
earliest  convenience  submit  them  to  your  Honorable  Board  of  Railway  Commis- 
sioners. 

I  beg  to  enclose  you  a  statement  shewing  how  the   Company  stands  and  the 
Provincial  Government  in  the  release  of  Debentures,  from  which  you  will  perceive 
there  is  a  balance  due  to  the  Company  of  £311,224,  on  the  first  instant. 
I  have  the  honor  to  be,  Sir, 

Your  most  obedient  servant, 


T.  A.  Begly,  Esquire, 

Public  Works, 

Toronto. 


(Signed,)  JOHN  M.  GRANT, 

Assistant  Secretary. 


Amount  to 

complete, 

1st  January,  1856. 

St.  Thomas  to  Quebec 

£ 
10,654 

Montreal  to  IJrockville 

6,364 

Broekville  to  Kingston * 

127.517 

Kingston  to  Grafton 

218,595 

Grafton  to  Toronto 

149,149 

Toronto  to  Stratford 

23,050 

£535,329 
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1st  January,  1856. 

To  the  Secretary  of  the  Grand  Trunk  Kailway  Company : 

Sir, — I  beg  to  state  for  the  information  of  the  Board,  that  the  total  amount 
certified  formaterials^nd  work  upon  the  Quebec  and  Trois  Pistoles  section  of  the 
Grand  Trunk  Railway,  and  paid  to  the  Contractors,  is  three  hundred  and  thirty-six 
thousand  four  hundred  and  eighty-six  pounds  sterling,  particulars  of  which  are  as 
follows : 

I  am,  Sir, 

Your  obedient  servant, 

(Signed,)  ALEX.  M.  ROSS, 


£336,486. 


Engineer. 


GRAND  TKUNK  RAILWAY   OF  CANADA. 


Quebec  and  trois  pistoles  section. 
Quebec  and  St.  Thomas, 


Description  of  Work. 

Amount 

of 
Contract. 

Amount  certi- 
fied to  1st 
Jany.,  1856. 

Amount 

to 
complete. 

Grading    and    Bridging — Including    every  charge   to 
under  side  of  road  bed 

£ 

164,292 

140,275 
15,598 

26,975 

163,945 

135,900 

15,299 

21,342 

£ 

347 

Superstructure — Including  rails,  chairs,  spikes,  ballast, 
ties,  &c 

4375 

Stations — Including    engines,    passenger    and    freight 
houses,  workshops,  turntables,  land  for  sites,  &c. 

Rolling     Stock — Including    engines,    passenger    and 
merchandize    cars,  ballast  wagons,  snow  ploughs, 
&c 

V 

299 

5633 

£ 

347,140 
£ 

10,654 

Amount  certified  to  1st  January,  1856 

336,486 
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[Copy.] 


To  the  Secretary  of  the  Grand  Trunk  Railway  Company : 


1st  January,  1856. 


Sir, — I  have  to  state,  for  the  information  of  the  Board,  that  the  total  amount 
certified  for  materials  and  work  to  the  first  instant,  on  the  Montreal  and  Toronto 
Section  of  the  Grand  Trunk  Railway  of  Canada,  by  the  Contractors,  Messrs. 
Gzowski  &  Co.,  is 

pounds,  Sterling,  particulars  of  which  are  as  follows . 
I  am,  Sir, 

Your  obedient  servant, 
(Signed,)  ALEX.  M.  ROSS, 

£ Engineer. 


GRAND  TRUNK  RAILWAY  OF   CANADA. 


MONTREAL   AND    TORONTO    SECTION. 


Description  of  Work. 


Grading  and   Bridgin  - — Including  every    charge  to 
under  side  of  road  bed 


Superstructure — Including  rails,  chairs,  spikes,  bal- 
last, ties,  laving,  &c  


Stations — Including    engine,     freight     houses,     work 
tables,  sites,  &c 


Rolling  Stock — Including  engines,  passenger  and 
merchandise  car,  stock,  baggage  wagons,  snow 
Tloughs,  &c 


Amount  certified  to  1st  January,  1856 


Amount 

of 
Contract. 


£ 

1,482,747 

1,114,716 
179,595 

222,942 


3,000,000 


Amount  cer- 
tified to  1st 
Jan.  1856. 


£ 
1,296,134 

942,814 

136,380 

123,047 


2,498,375 


Amount 

to 
complete. 


£ 
186,613 

171,902 

43,215 

99,895 
501,625 
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1st  January,  1856. 

To  the  Secretary  of  the  Grand  Trunk  Railway  Company  : 

SlR,— I  have  to  state  for  the  information  of  the  Board,  that  the  total  amount 
certified  for  materials  and  work  to  the  first  instant,  on  the  Toronto  and  Sarnia 
section  of  the  Grand  Trunk  Railway  of  Canada  by  the  Contractors  Messrs.  Gzowski 
&  Co.,  is  pounds  Sterling,  particulars  of  which  are  as 

foLows : 

I  am,  Sir, 

Your  obedient  servant, 

ALEX.  M.  ROSS, 

Engineer. 


GRAND  TRUNK  RAILWAY  OF  CANADA. 


TORONTO  AND  SARNIA  SECTION. 


Description  of  Work. 


Grading  and  Bridging — Including  every  charge  to 
under  side  of  road  bed 


Superstructure — Including     rails,     chairs,     spikes, 
ballast,  ties,  &c 


Stations — Including    engines    and    freight  houses, 
work-shops,  turntables,  land   for  sites 


Rolling    Stock — Including  engines,  passenger  and 
merchandise  cars,  baggage  wagons,  snow  ploughs,  &c. . . 


Amount  certified  to  1st  January. 


Amount  of 
Contract. 


£ 
832,775 

348,766 

65,000 
129,025 


Amount  certi- 
fied, 1st  Jan., 
1856. 

£ 

s. 

688,946 

11 

216,494 

0 

43,750 

0 

105,500 

0 

1,054.690 

11 

Amount  to 
complete. 


£       s. 
143,828  9 

132,272  0 

21,250  0 

23,525  0 
320,875  9 
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Toronto,  2nd  February,  1856. 
To  the  Chairman  of  the  Board  of  Railway  Commissioners  : 

Sir, — The  Grand  Trunk  Railway  Company  are  seriously  inconvenienced  in 
consequence  of  not  getting  the  balance  of  the  guarantee.  May  I  therefore  request 
that  the  necessary  steps  be  taken  by  the  Board  to  procure  the  release  of  the  residue 
due  the  Company  upon  the  guarantee  Acts,  authorizing  Provincial  aid  to  the  Grand 
Trunk. 

Your  obedient  servant. 

JNO.  ROSS, 

Pres't  G.  T.  Ry. 

I  may  mention  that  upwards  of  two  hundred  thousand  pounds  sterling  of  work 
has  been  done  since  our  last  application. 


Grand  Trunk  Railway  Company, 

Toronto,  12th  April,  1856. 
Sir, — I  have  the  honor  to  transmit  you  herewith  copy  of  a  letter  I  have  received 
from  the  Chief  Engineer  of  this  Company,  enclosing  a  corrected  statement  shewing 
the  amount  of  Provincial  Debentures  to  be  released  to  the  Company  on  the  1st  in- 
stant, copy  of  which  I  also  beg  to  enclose  you.  And  I  am  directed  by  the  Board  of 
Directors  to  request  that  you  will  be  so  good  as  to  submit  the  enclosures,  and  this 
communication,, to  your  Honorable  Board  of  Railway  Commissioners  at  the  earliest 
practicable  moment,  so  that  no  further  delay  may  take  place  in  obtaining  the  necessary 
Order  in  Council  to  have  released  the  amount  of  Debentures  now  due,  amounting  as 
you  will  perceive  to  £310,278  sterling. 

I  have  the  honor  to  be,  Sir, 

Your  most  obedient  servant, 
(Signed)  JOHN  M.  GRANT. 

Assistant  Secretary. 
T.  A.  Begly,  Esq., 
&c,         &c. 
Public  Works, 
Toronto. 


(Copy.) 

Toronto,  11th  April,  1856. 
Sir, — I  beg  to  hand  you  corrected  account  shewing  amount  of  Debentures  to  be 
released  to  the  1st   inst:  — 

The  enclosed  is  founded  upon  figures  taken  from  the  Report  made  this  day  by 
Messrs.  Killaly,  Benedict  and  Street,  to  the  Provincial  Government,  to  which  I  have 
added  the  amount  of  works  executed  during  the  months  of  February  and  March, 
amounting  to  £120/258.  The  amount  of  Debentures  to  which  we  are  'entitled  isr 
you  will  be  pleased  to  observe,  to  1st  April,  £310,278. 
I  have  the  honor  to  be,  Sir, 

(Signed,)  ALEX.  M.  ROSS, 

Engineer. 
John  M.  Grant,  Esq. 

Assistant  Secretary, 

Toron  to. 
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Office  of  Board  of  Railway  Commissioners, 
Chateau  St.  Louis,  Quebec,  19th  September,  1855. 
Sir, — I  have  the  honor  to  acknowledge  the  receipt  of  your  application  of  the 
21st  ultimo,  for  a  further  release  to  the  Grand  Trunk  Railway  Company  of  Deben- 
tures on  account  of  the  work  performed  on  the  several  sections  of  the  road  thereon 
named,  and  to  inform  you  that  the  Railway  Commissioners  having  reported  to  His 
Excellency  in  Council  suggesting  that  the  Receiver  General  receive  authority  to 
release  in  the  usual  manner  Debentures  to  the  extent  of  £200,000.  Whereupon  His 
Excellency  the  Governor  General  was  pleased  to  authorize  the  release  of  the  same. 

I  have  the  honor  to  be,  Sir, 

Your  obedient  servant, 
(Signed,)  THOMAS  A.  BEGLY, 


To  J.  M.  Grant,  Esq., 

Assistant  Secretary, 

Grand  Trunk  Railway  Company, 

Montreal. 


Secretary. 


Office  of  Board  of  Railway  Commissioners, 

Toronto,  13th  November,  1855. 
Sir,— I  have  the  honor  to  acknowledge  the  receipt  of  your  letter  of  the  8th 
instant,  enclosing  Chief  Engineers  Certificates  for  works  done  and  materials  delivered 
on  the  several  sections  of  the  Grand  Trunk  Railway  up  to  the  first  of  October  last, 
and  requesting  to  have  released  to  the  Company  the  amount  of  Provincial  Deben- 
tures due  upon  same.  In  reply  I  be^  to  state  that  the  Assistant  Commissioner  of 
Public  Works  is  now  engaged  in  examining  the  road,  and  so  soon  as  he  returns  the 
matter  shall  be  attended  to. 

I  have  the  honor  to  be,  Sir, 

Your  obedient  servant, 
(Signed,)  THOMAS  A.  BEGLY, 

Secretary. 
John  M.  Grant,  Esq., 

Assistant  Secretary, 

Grand  Trunk  Railway  Company, 

Montreal. 


Office  of  Board  of  Railway  Commissioners, 

Toronto,  27th  December,  1855. 
Sir,-— I  have  the  honor  to  inform  you  that  at  a  Meeting  of  the  Board  of  Railway 
Commissioners  held  on  the  2 1st  instant,  recommending  that  Debentures  to  the 
amount  of  three  hundred  thousand  pounds  sterling,  be  released  in  favor  of  the  Grand 
Trunk  Railway  Company,  and  that  any  further  advance  should  await  the  Report 
upon  the  work  remaining  unfinished  on  the  above  line  of  Railway  ;  also,  to  state  that 
His  Excellency  the  Governor  General  in  Council  has  been  pleased  to  sanction  the 
above  amount  to  be  released  to  the  Company  as  suggested. 

I  have  the  honor  to  be,  Sir, 

Your  obedient  servant, 
(Signed,)  THOMAS  A.  BEGLY, 


John  M.  Grant,  Esq., 

Assistant  Secretary, 

Grand  Trunk  Railway  Company, 

Montreal. 


Secretary. 
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Office  of  Board  of  Railway  Commissioners, 

Toronto,  5th  February,  1856. 
Sir, — In  reply  to  your  communication  of  the  30th  ultimo,  transmitting 
certificates  of  the  Chief  Engineer,  for  works  done,  &c,  up  to  the  1st  January, 
1856,  also  a  statement  shewing  a  balance  due  to  the  Company,  I  have  the  honor 
to  inform  you  that  at  a  Meeting  of  the  Board  of  Railway  Commissioner.--  held  at 
their  office  yesterday  the  4th  instant,  they  have  recommended  the  release  in  favor 
of  the  Grand  Trunk  Railway  Company,  to  the  extent  of  £165,000  sterling,  of  the 
Provincial  Guarantee,  and  that  His  Excellency  the  Governor  General  in  Council, 
has  been  pleased  to  sanction  the  same. 

I  have  the  honor  to  be,  Sir, 

Yo  lr  obedient  servant, 

THOS.  A.  BEGLY, 

Secretary. 
John  M.  Grant,  Esq., 

Assistant  Secretary, 

Grand  Trunk  Railway  Company, 

Montreal. 


Office  of  Board  of  Railway  Commissioners. 

Toronto,  16th  April,  1856. 
Sir, — I  have  the  honor  to  inform  you  that  at  a  Meeting  of  the  Board  of 
Railway  Commissioners  held  on  Saturday  the  12th  instant,  they  recommended  that 
the  sum  of  £110,000  sterling  be  released  to  the  Grand  Trunk  Railway  Company, 
and  that  His  Excellency  the  Governor  General  in  Council,  has  been  pleased  to 
sanction  the  same. 

I  have  the  honor  to  be,  Sir, 

Your  obedient  servant, 
(Signed,)  THOMAS  A.  BEGLY 

Secretary. 
John  M.  Grant,  Esq., 

Assistant  Secretary, 

Grand  Trunk  Railway  Company, 
Montreal. 


Office  of  Board  of  Railway  Commissioners, 
Toronto,  17th  April,  1856. 
Sir, — I  have  the  honor  to  inform  you  that  at  an  adjourned  Meeting  of  the 
Board  of  Railway  Commissioners  held  on  Tuesday  the  15th  instant,  the  Commis- 
sioners have  recommended  that  in  addition  to  the  sum  of  £110,000  sterling 
authorized  by  Order  in  Council  of  the  12th  instant,  to  be  released  to  the  Grand 
Trunk  Railway  Company  ;  a  further  release  of  £120,000  sterling  be  now  sanctioned, 
and  that  His  Excellency  the  Governor  General  in  Council  has  been  pleased  to 
approve  of  the  same. 

I  have  the  honor  to  be,  Sir, 

Your  obedient  servant, 
(Signed,)  THOMAS  A.  BEGLY. 

Secretary. 
John  M.  Grant,  Esq., 

Assistant  Secretary, 

Grand  Trunk  Railway  Company, 

Montreal. 
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Statement  shewing  the  periods  at  which  the  Commissioners  of  the  Railway  Board 
recommended  the  release  of  Provincial  Debentures  to  the  Grand  Trunk 
Railway  Company  and  the  amounts. 


1855  July  23 

"  September  13. 

tl  December  21 

1856  February  4... 

"   April  12 

"    «  14 


£ 
122,511 

200,000 
300,000 
165,000 
110,000 
120,000 


(Copy.) 

Letter  from  Benjamin  Holmes,  Esquire,  Vice-President  of  the  Grand  Trunk  Rail- 
way Company  of  Canada,  to  the  Honorable  the  Inspector  General  of  Public 
Accounts,  dated  Toronto,  10th  April,  1856. 


Sir, — On  the  other  side  I  have  the  honor  of  transmitting  to  you  an  extract 
from  the  minutes  of  the  meeting  of  the  Directors  of  the  Grand  Trunk  Railway 
Company  of  Canada,  held  this  day,  having  reference  to  the  present  embarrassed 
position  of  the  Company's  affairs,  and  begging  that  the  interest  past  due  and  coming 
due,  on  the  bonds  issued  by  the  Government  to  this  Compan}r,  may  be  provided 
for  by  the  London  Agents  of  the  Province. 

I  have  earnestly  to  beg  that  you  will  at  the  earliest  practicable  moment  submit 
this  communication  to  the  Honorable  the  Executive  Council,  so  that  action  may  be 
immediately  taken  thereon,  to  have  the  necessary  orders  forwarded  to  the  London 
Agents. 

I  have  the  honor  to  be,  Sir, 

Your  most  obedient  Servant, 

(Signed,)         BENJAMIN  HOLMES, 


To  the  Honorable  William  Cayley, 

Inspector  General,  &c.  &c. 
Toronto. 


Vice-President. 


Toronto,  10th  April,  1856. 
At  a  Meeting  of  the  Directors  of  the  Grand  Trunk  Railway  Company,  held 
this  day  in  this  city,  the  following  Directors  being  present : — 
The  Honorable  John  Ross,  President. 
Hon.  William  Cayley,  Hon.  Sir  Allan  McNab, 

Hon.  L.  T.  Drummond,  Hon.  Col.  Tache, 

James  Beaty,  Esquire,  E.  F.  Whitmore,  Esquire, 

G.  Crawford,  Esquire,  W.  H.  Ponton,  Esquire, 

and  Benjamin  Holmes,  Vice-President,  it  was 
Resolved,  That  inasmuch  as  the  embarrassed  position  of  the  Company's  finan- 
cial affairs  compelled  the  necessity  on  the  first  January  last,  for  seeking  advances 
from  its  bankers,  to  sustain  the  credit  both  of  the  Province  and  of  the  Company, 
by  the  prompt  payment  of  the  interest  due  upon  the  Provincial  Bonds,  and  in  view 
also  of  its  continued  inability  to  meet  these  future  payments,  until  the  completion 
of  the  whole  line,  including  the  Victoria  Bridge  ;  it  is  ordered,  That  the  Vice- 
President  address  a  communication  to  the  Honorable  the  Inspector  General,  begging 
that  instructions  be  forwarded  to  the  London  Agents  of  the  Province,   to  provide 
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for  the  interest  for  the  half-year,  due  last  January,  and  for  the  present  half-year, 
coming  due  in  July  next,  on  the  debentures  issued  by  the  Province  on  behalf  of 
this  Company,  and  amounting  in  the  whole  to  £3,111,500. 

I  certify  this  to  be  a  true  extract  from  the  minute  book  of  the  Company. 

(Signed,)         JOHN  M.  GRANT, 

Assistant  Secretary. 
10th  April,  1856. 


Inspector  General's  Office, 

Toronto,  30th  April,  1856. 
Sir, — I  have  the  honor  to  transmit  herewith,  in  obedience  to  the  commands  of 
His  Excellency  the  Governor  General,  as  conveyed  in  your  letter  of  15th  instant, 
a  statement  shewing  the  amounts  applied  for,  for  the  release  of  Provincial  Deben- 
tures, on  behalf  of  the  Grand  Trunk  Railway  Company,  and  the  dates  and  amounts 
when  released,  since  1st  January,  1855.  The  dates  of  the  application  cannot  be 
furnished  by  this  Department. 

I  have  the  honor  to  be,  Sir, 

Your  most  obedient  servant, 

WILLIAM  DICKINSON, 

Actg.  Dy.  Insp'r.  Gen'l. 
Honorable  Provincial  Secretary, 
&c.     &c. 


Statement  shewing  the  amounts  applied  for,  by  the  Board  of  Railway  Commission- 
ers for  the  release  of  Provincial  Debentures  on  behalf  of  the  Grand  Trunk 
Railway  Company,  and  the  dates  and  amounts  when  released  since  1st 
January,  1855. 


Amount  applied  for. 


Sterling. 


£ 

203,634 
200,000 
300,000 
165,000 
110,000 


£978,634    0    0 


Amount  released. 
Sterling. 


£  s.  d 

122,511  0  0 

200,000  0  0 

300,000  0  0 

165,000  0  0 

110,000  0  0 


£897,511    0    0 


£  1,091,971  14    4 


Date  of  Order  in  Council,  authorizing  Release  thereof. 


23rd  July,  1855. 
15th  Sept.,     « 
21st  Dec,      " 
4th  Feb.,  1856. 
12th  April,    « 

Amounts  released,  Sterling. 

Equal  in  Currency. 


N.  B. — The  dates  of  application  cannot  be  furnished  by  this  Department. 

WILLIAM  DICKINSON, 

Acting  Deputy  Inspector  General. 
Inspector  General's  Office, 

Toronto,  30th  April,  1856. 
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2nd  July,  1855. 


To  the  Secretary  of  the  Grand  Trunk  Railway  Company 


Sir, — I  have  to  state,  for  the  information  of  the  Board,  that  the  total  amount 
certified  for  materials  and  work  to  the  1st  instant,  on  the  Toronto  and  Sarnia  Section 
of  the  Grand  Trunk  Railway  and  paid  to  the  Contractors,  is  eight  hundred  and 
eighty-eight  thousand,  two  hundred  and  sixty-two  pounds,  Sterling,  particulars  of 
which  are  as  follows  : 


£888,262. 


(Signed,)  ALEX.  M.  ROSS, 

Engineer. 


GRAND  TRUNK  RAILWAY  OF  CANADA. 


TOEONTO    TO    SARNIA   SECTION. 


Description  of  Work. 


Grading   and   Bridging — Including  every   charge   to 
under  side  of  road  bed 


Superstructure — Rails,    chairs,    spikes,    ballast,    and 
lading  track   


Stations — Engines    and    freight    houses,    workshops, 
turntables,  land  for  sites,  &e  


Rolling   Stock— Engines,  passenger  and  merchandise 
car,  stock,  ballast  wagons,  snow  ploughs,  &c   


Amount  certified  to  2nd  July,  1855 


Amount 

of 
Contract. 


£ 
832,775 

348,766 

65,000 

129,025 


1,375,566 


Amount 

certified  to 

1st  July, 

1855. 


£ 
604,132 

186,480 

10,650 

87,000 


888,262 


Amount 

to 
complete. 


£ 
228,643 

162,286 

54,350 

42,025 


487,304 
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2nd  July,  1855 
To  the  Secretary  of  the  Grand  Trunk  Railway  Company  : 

Sir, — I  have  to  inform  you  for  the  guidance  of  the  Board,  that  the  total  amount 
certified  for  materials  and  work  to  the  first  instant,  on  the  Montreal  and  Toronto 
Section  of  th^  Grand  Trunk  Railway  and  paid  to  the  Contractors,  is  one  million 
seven  hundred  and  forty  thousand  seven  hundred  and  fifly-nine  pounds  sterling, 
particulars  of  which  are  as  follows : 

(Signed,)  ALEX.  M.  ROSS, 

Engineer. 


GRAND  TRUNK  RAILWAY  OF  CANADA. 


MONTREAL    AND    TORONTO    SECTION. 


Description  of  Work. 


Grading    and    Bridging — Including    every  charge  to 
underside  of  road  bed 


Superstructure — Including    rails,   chairs,   spikes,   bal 
last  and  laying  track 


Stations — Including  engine  and  freight  houses,  work- 
shops, turntables  and  land  for  station  sites 


Rolling    Stock — Including     engine,    passenger    and 
merchandize  cars,  wagons,  ploughs,  &c 


Amount  certified  to  1st  July,  1855, 


Amount 

of 
Contract. 


£ 
1,482,747 

1,114,716 

179,595 

222,912 
3,000,000 


Amount  certi- 
fied to  2nd 
July,   1855. 


972,154 
597,700 


88,000 


Amount 

to 
complete. 


1,740,759 


£ 

510,593 

517,016 


134,942 


1,259,241 
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2nd  July,  1855. 

To  the  Secretary  of  the  Grand  Trunk  Railway  Company  : 

Sir, — I  have  to  state  for  the  information  of  the  Board,  that  the  total  amount 
certified  for  materials  and  work  to  the  first  instant  from  Quebec  to  St.  Thomas,  on 
the  Quebec  and  Trois  Pistoles  Section  of  the  Grand  Trunk  Railway,  and  paid  to 
the  Contractors,  is  two  hundred  and  sixty-seven  thousand  eight  hundred  and  ten 
pounds  sterling,  particulars  of  which  are  as  follows  : 

I  remain,  Sir, 

Your  obedient  servant, 
(Signed,)  ALEX.  M.  ROSS, 

Engineer. 


GRAND  TRUNK  RAILWAY  OF  CANADA. 


QUEBEC  AND  TROIS  PISTOLES  SECTION. 


Quebec  to  St.  Thomas. 


Description  of  Work. 

Amount 

of 
Contract. 

Amount  certi- 
fied to  1st 
July,  1855. 

Amount 

to 
complete. 

Grading  and  Bridging — Including  every  charge  to   un- 
der side  of  road  bed 

£ 

142,552 

134,875 
15,598 
26,975 

£ 

139,110 

103,750 
10,950 
14,000 

£ 
3,442 

Superstructure — Including  rails,  chairs,  spikes,   ties, 
ballast  and  laying  track 

31,125 

Stations — Including  engine  and  freight  houses,   work 
shops,  turntables  and  land  for  station  sites 

Rolling  Stock — Including  engine,  passenger  and  mer- 
chandise cars,  ballast  wagons,  snow  ploughs,  &c.  . . 

4.648 
12,975 

£320,000 

52,190 

Amount  certified  to  1st  July,  1855 

£267,810 

V 


